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Message Text 



UNCLASSIFIED 
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44 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO ( ISO ) W 

109006 

R 201035Z FEB 74 
FM AMEMBASSY BANGKOK 
TO SECSTATE WASHDC 790 

UNCLAS BANGKOK 2856 

E.O. 11652: N/A 
TAGS: ABLD, TH 

SUB J : OB REPAIRS AND UNDERPINNING, 

PROPERTY NO. 01316A 

FOR A/FBO FROM LORA. 

REF: BANGKOK OM FEBRUARY 2, 1974 (PROGRESS REPORT) 

1. EMBASSY DESIRES DEPARTMENT AUTHORIZATION SOONEST FOR PREPARATION 
OF DRAWINGS AND SPECIFICATIONS BY THAI YONG PHANICH FOR REPAIRS 

TO OB END BAYS AND FACADE IMPROVEMENT ACCORDANCE RECOMMENDATION 
PARAGRAPH D-l OF REFERENCED OM. 

2. IF DEPARTMENT APPROVES FOREGOING. A & E COST MAY BE HANDLED AS 
PART OF CHANGE ORDER TO UNDERPINNING CONTRACT S48-FBO-596 FOR 
REPAIR WORK STATED ABOVE. 

3. PLEASE ADVISE IF MARCH 15 EX-BALTIMORE DELIVERY OF STRUCTURAL 
STEEL STILL FIRM. 

4. FLOOD CONTROL CONTRACT S48-FBO-595 DID NOT INCLUDE 
FUNDS FOR SHRUBBERY TO COVER UNPAINTED CEMENT BLOCK 
WALLS OR TO REPLACE GROUND COVER TREES AND PLANTS DESTROYED 
DURING CONSTRUCTION. TO PAINT WALLS WOULD BE VERY 
EXPENSIVE AND LESS ATTRACTIVE THAN HIDING WALL WITH 
ATTRACTIVE SHRUBBERY. COST ESTIMATES BEING OBTAINED 

AND ASSUME ADDED COST CAN BE COVERED WITH CHANGE 
ORDER. 

UNCLASSIFIED 

UNCLASSIFIED 
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5. PLEASE ADVISE SOONEST. 
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KINTNER 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 20 FEB 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974BANGKO02856 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: BANGKOK 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19740222/aaaaauul.tel 

Line Count: 62 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: BANGKOK OM FEBRUARY 2, 1974 (PROGRES, S REPORT) 

Review Action: RELEASED, APPROVED 
Review Authority: garlanwa 
Review Comment: n/a 
Review Content Flags: 

Review Date: 06 MAR 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <06 MAR 2002 by bryansd0>; APPROVED <02 DEC 2002 by garlanwa> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OB REPAIRS AND UNDERPINNING, PROPERTY NO. 01316A 
TAGS: ABLD, TH 
To: STATE 
Type: TE 
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